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PROJECT TITLE 

LOCATIO 

N 

BENEFICIARIES 

APPROVED 
BUDGET / 
CONTRACT 
PRICE 

MODE 

CONTRACTOR 

/SUPPLIER 

PROJECT 

STATUS 

REMARKS 

Water Pipes and Fittings Pipe- 
laying and Interconnection of Water 
Mainlines 

Mulawin to 
Daang 
Amaya 1 

Concessionaires in 
Poblacion area and 
Tanza Public Market 

526,136.90 

(507,801.80) 

Bidding 
TWD-201 4-001 

Uptown Industrial 
Services 

Completed 
June 2014 


Well Drilling, Acquisition and 
Installation of Electro-Mechanical 
Equipment Including Accessories and 
Discharge and Test Lines 

A. Soriano 
Highway 

Concessionaires in 
Poblacion, Daang 
Amaya, and Biwas 
areas 

3,918,800.00 

(3,916,200.000) 

Bidding 
TWD-201 4-003 

Interactive Drilling 
Corporation 

On-going 

Bid awarded on 
Dec. 2014 

Procurement of One Motor Vehicle 

Tanza Water 
District Office 

Maintenance Crews 

850,000.00 

Bidding 
TWD-201 4-004 


Bidding 

On-going 

Dec. 2014- 
Failure of 
bidding (2014- 
004) 

Supply and Delivery of Pipes and 
Fittings for the Pipe laying and 
Inter-connection of Water Mainline 

Punta 1 to 
Paradahan 1 

Concessionaires in 
Punta II to 
Paradahan 1 

2,944,000.00 

Bidding 
TWD-201 4-005 


Bidding 

On-going 



Note: Data are as of December 31, 2014 
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